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23 March 1964 


MEMORANDUM FOR: 
VIA . 

SUBJECT : 


Acting Director of Central Intelligence 

Acting Director of Budget, Program Analysis 
and Manpower 

Headquarters Building Pakidng Spaces 


1, This memorandum contains a recommendation for your approval. 
Such recommendation is contained in paragraph 6. 



3. High rates of utilization recently have necessitated the temporary 
addition of 154 spaces to accommodate the West Lot overflow. These spaces 
are located on perimeter roads which are too narrow for both parking and 

two-way traffic. The resultant traffic hazards should be relieved as soon as 
possible 

4. The Visitors' Parking Lot in front of the Headquarters building 
provides 56 spaces which are limited, to the extent possible, to three-hour 
parking. Current experience indicates a need for additional visitors' spaces. 

5. The Office of Logistics has developed a proposal for increased 
parking facilities. The recommended site, shown on the attachment as 
Site No. 1, is located northeast of the H eadquarters building. This site 
would accommodate approximately^Hcars . Construction costs are 
estimated at $136,000, including $115,000 for the lot, $15,000 for lighting, 

and $6,000 for fencing. The project could be completed 210 days from the* 
date of approval. 

6. It is recommended that you approve the construction of one additional 
parking lot for the Headquarters building, subject to the availability of 
$136,000 from unobligated Agency funds at the end of Fiscal Year 1964. 


for Support 



